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Contract No. S-AQMPD-07-C0054 
Local Guard Services Kabul, Afghanistan 

SECTION B 
SERVICES AND PRICES 



B.1 SERVICES. The Department of State (DOS), Bureau of Diplomatic Security (DS) is 
responsible for the protection of U.S. personnel, official facilities, and residences at over two 
hundred sixty (260) Foreign Service posts worldwide. 

The recent emergence of the Government of Afghanistan has resulted in the re-establishment of a 
United States Mission in Kabul, Afghanistan. The U.S. Mission requires the operation and 
management of a highly-trained, professional security force, hereinafter referred to as the 
Embassy Security Force (ESF). The ESF shall protect life and property, prevent unauthorized 
access, maintain order, and deter criminal activity in and around the U.S. Mission in 
Afghanistan. 

The Contractor shall provide guard services in accordance with Section C - PERFORMANCE 
WORK STATEMENT fPWSI and the Exhibits attached. As described in Section C, four types 
of services are required: Standard Services, Additional and Emergency Services and Site Support 
Services. For the Additional or Emergency Services, the Government may require the 
Contractor to supply additional materials or equipment, the costs for which shall be reimbursed 
in accordance with the terms and conditions of this contract. As to the Site Support Services, 
these costs will be firm, fixed price, and will ensure complete operation of Camp Sullivan. 

B.1.1 OFFERS AND PAYMENT IN U.S. DOLLARS. All offerors, shall submit their offers 
and, if selected for award, receive payment, entirely in U.S. Dollars. 

B.1.2 CONTRACT-ACQUIRED EQUIPMENT. Title to all property acquired by the 
Contractor using contract funds shall pass to the Government at no extra charge. The Contractor 
shall tag, inventory, and track the movement of such property according to the guidelines in 
Exhibit N. 

B.2 PRICING 

B.2.1 GENERAL, hi consideration of satisfactory performance, the Government will pay the 
Contractor each month for Standard Services; Additional or Emergency services on a time and 
materials basis; and, a fixed monthly rate for vehicles and other equipment, if provided by the 
Contractor, and for Site Support Services. If Defense Base Act Insurance is required under this 
contract, the Government shall reimburse the Contractor at cost. 

B.2.2 STANDARD SERVICES. The hourly rates for Standard Services are fully loaded rates, 
including: 

• all direct and indirect labor costs (including any premiums relating to overtime, holidays 
or night shifts, etc., and materials, excluding separately priced vehicles and 
communications equipment); 

• all direct and indirect material costs (except for separately priced vehicles and 
communications equipment); 

• insurance (see FAR 52.228-4 and 52.228-5 in Section I; except for separately reimbursed 
DBA insurance); 

• severance pay; 

• all overhead and indirect costs, including general and administrative expenses (G&A); 
and 

• profit. 



UNCLASSIFIED 



UNCLASSIFIED 



Contract No. S-AQMPD-07-C0054 
Local Guard Services Kabul, Afghanistan 

B.2.3 ADDITIONAL OR EMERGENCY SERVICES. The hourly rates for Additional or 
Emergency Services, as defined in Section C, are fully loaded rates, including: 

• all direct and indirect labor costs (including any premiums relating to overtime, holidays 
or night shifts, etc., and materials, excluding separately priced vehicles and 
communications equipment); 

• all direct and indirect material costs (except for separately priced vehicles and 
communications equipment); 

• insurance (see FAR 52.228-4 and 52.228-5 in Section I; except for separately reimbursed 
DBA insurance); 

• all overhead and indirect costs, including general and administrative expenses (G&A); 
and 

• profit. 

B.2.4 SITE SUPPORT SERVICES. The Government shall provide the ESF Contractor a 
camp, known as Camp Sullivan to house the ESF. The Contractor shall provide services to 
include, but not limited to food services, operation, maintenance and repair, dental, and medical 
to ensure complete life support. The monthly rates shall include all costs associated with life 
support. (See Sections C and H and Exhibits N and O). 

B.2.5 RADIO NETWORK EQUIPMENT. The monthly rate shall include all costs-associated 
with radio/communications equipment used in the contractor-furnished vehicles described under 
Section. C. 1.5.9. 

B.2.6 VEHICLES. The monthly rate shall include all operating costs (See Section H.13), 
including, but not limited to fuel (for vehicles provided in Exhibit D), lubricants, oil, routine and 
special maintenance, care and cleaning, and insurance. For specific information referencing the 
Government provided vehicles, see Section H.13. 

B.2.7 MATERIALS OR EQUIPMENT. These are items for which the contractor shall be 
reimbursed at cost for all non-expendable equipment and expendable supplies, related to 
performance of Additional or Emergency Services.. 

B.2.8 DEFENSE BASE ACT INSURANCE. The hourly rates and prices in the contract shall 
not include Defense Base Act (DBA) Insurance. The Government will reimburse the Contractor 
directly for DBA Insurance that is required and obtained in accordance with Section I, DOSAR 
652.228-71, "Worker's Compensation Insurance (Defense Base Act) - Services (DEVIATION)" 
and FAR 52.228-3, "Workers Compensation Insurance (Defense Base Act)". 

When the contract is awarded, the Contractor shall contact the Contracting Officer and request 
the name of the insurance broker under contract to the Department of State. After paying the 
DBA insurance premium, the Contractor shall submit the certification of coverage from the 
carrier and a voucher for payment to the Contracting Officer. A paid invoice must support the 
voucher. The Contractor shall submit the certification to the Contracting Officer before the 
Notice to Proceed (see Section F). 

The cost of DBA insurance is paid on an annual basis. The period of performance of this 
contract may be extended beyond one year. If so, the Contractor shall contact the Contracting 
Officer, request the new rates, and be reimbursed by the Government for the actual, documented 
DBA insurance costs. 

B.2.9 DESCRIPTIONS OF LABOR CATEGORIES. See Section C for definitions and 
major duties/ responsibilities of the labor categories for Standard Services and Additional or 
Emergency Services. All other personnel that may be required in the performance of this 
contract are not separately priced. For example, the Project Manager (See Section H) and any 
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administrative staff are not separately priced, but are included as part of overhead reflected in the 
hourly rates. 

B.2.10 VALUE-ADDED TAX. Value Added Tax (VAT) is not applicable to this contract and 
shall not be included in the rates for Standard Services, Additional or Emergency Services, 
Vehicles, or in the estimated amount for Materials. 

B.2.11 PHASE-IN TRANSITION PRICE. The phase-in/transition costs shall be incorporated 
into the offeror's price in the Base Year only. The phase-in/transition costs may be for those 
costs the contractor incurs prior to beginning full performance of the contract. The Contractor 
must submit a detailed spreadsheet, with costs - per element, outlining all transition costs. 
During the phase-in/transition phase and until full performance is obtained, the Contractor, 
unless they are the incumbent Contractor, will not have access to Camp Sullivan. The 
Contractor shall be responsible for providing housing, meals and all/any associated costs to their 
employees as well as to subcontractor employees, if required under their subcontracts), at an 
alternate location until the beginning of full performance. At full performance, Camp Sullivan 
will be made available to the Contractor and all ESF staff will be required to live in Camp 
Sullivan. 

In the event of a phased transition, direct labor and services provided by the contractor that fall 
under the fixed prices in Section B.3, shall be invoiced at the appropriate rates specified in B.3. 
and not included under the phase-in/transition cost. 

B.2.12 CATASTROPHIC INCIDENTS. When authorized by the Contracting Officer, the contractor 
shall be reimbursed at cost for all non-expendable equipment and expendable supplies that are required 
immediately to secure and repair Camp Sullivan. Specifically, the Contractor shall be reimbursed for 
property damage caused by events outside of the Contractor's control including but not limited to "acts of 
God", attacks by hostile forces or collateral damage by friendly forces. In addition, the Contractor shall 
be reimbursed at cost for equipment used in the operation of Camp Sullivan, which fails and must be 
replaced, and is not the result of Contractor negligence. 

B.2.13 AMMUNITION. The Government shall provide all ammunition required under this 
contract except for training ammunition and requirement for ammunition as described in Exhibit 
D. The Government reserves the option to request the Contractor to provide ammunition as 
described in Section B. 

B.3 PRICES. rSee attached MS Excel Spreadsheet) 




Section B, 3 Prices 
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KABUL 

Base Year • Amounts Listed in US$ 

B.3 Prices 

B.3.1. Standard Services 

(See Section C and Exhibit A.) The Contractor shall provide the guard service shown below for the base period of the 
contract, starting on the date stated in the Notice to Proceed and continuing for a period of 12 months. The fixed hourly rate, 
estimated number of hours, and ceiling for each category are: 



Labor Categories 



GFC (US) 



ERT Commander (US) 



Shift Supervisor (US) 



Site Supervisor (US) 



Dog Handler (US/EXPAT) 



Senior Guard (TCN) 



Senior Guard (US/EXPAT) 



Guard (TCN) 



Guard (LN) 



Screener (LN) 



Dispatcher/Sr. Guard (US) 



ERT Supervisor (US) 



ERT Guard/Driver (US) 



ERT Guard/EMT (US) 



ERT Guard/Marksman (US) 



ERT Guard (US) 



ERT Sr. Guard (US) 



Armorer (US/EXPAT) 



Vehicle Mechanic (US/EXPAT) 



Radio Tech (US/EXPAT) 



Hourly Rate N umber of HSUS C eiling Price 



Subtotal 



1.202.584 



$230,422.40 
$230,422.40 
$634,399.20 
$1,903,197.60 
$1,430,571.40 
$785,772.00 
$7,358,268.60 
$3,238,002.60 
$116,157.60 
$183,363.36 
$546,361.20 
$634,399.20 
$1,567,339.20 
$1,746,568.80 
$1,746,568.80 
$1,567,339.20 
$1,791,244.80 
$109,699.20 
$109,699.20 
$109,699.20 
$26,089,495.96 



B.3.2 Additional or Emergency Services 

(See Subsection C.1.2 and C.2.2., Additional or Emergency Services.) The following estimated services for the base period 
of the contract are as follows: 



Labor Cateoork 



GFC (US) 



ERT Commander (US) 



Shift Supervisor (US) 



Site Supervisor (US) 



Dog Handler (US/EXPAT) 



Senior Guard (TCN) 



Senior Guard ( US/EXPAT) 



Guard (TCN) 



Guard (LN) 



Screener (LN) 



Dispatcher/Sr. Guard (US) 



ERT Supervisor (US) 



ERT Guard/Driver (US) 



ERT Guard/EMT (US) 



ERT Guard/Marksman (US) 



ERT Guard (US) 



ERT Sr. Guard (US) 



Armorer (US/EXPAT) 



Vehicle Mechanic (US/EXPAT) 



Radio Tech (US/EXPAT) 



Hourtv Rata Number gfHpure C eiling Price 



$23,042.24 
$23,042.24 
$63,439.92 
$190,319.76 
$148,057.14 
$78,577.20 
$735,826.86 
$323,800.26 
$11,615.76 
$18,336.34 
$54,636.12 
$63,439.62 
$156,733.92 
$174,656.88 
$174,656.88 
$156,733.92 
$179,124.48 
$10,969.92 
$10,969.92 
$10,969.92 



120,258 $2,608,949.60 



Subtotal 
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Base Year ■ Amounts Listed in US$ 



B.3.3 Site Support Services: 



B.3.3.1. Operation, Maintenance and Repair (O&M) 
8.3.3.2. Food Services 
B.3.3.3. Medical Services 



Monthly Rate 


Number of Months 


Total Price 


I $389,893,051 


12.00 


4,678.716.60 


I $204,569,061 


12.00 


2,454,828.72 


I $24,945,601 


12.00 


299,347.20 



B.3.4 Vehicles 

The firm fixed price for all vehicles excluding Government provided vehicles and Site Support Services vehicles necessary for 
performance of this contract, as described in B.2.6 and H. 13 is: 

Monthly Rate Number of Months Total Price 
I $126,876^49] 12.00 1 t S22.517.88 

B.3.5 Reimbursable Materials and Equipment 

Materials or equipment reimbursed for additional or emergency services shall not exceed (see B.2.7): 



$10.000.001 



B.3.6 Defense Base Act (DBA) Insurance 

The Government will reimburse the Contractor for DBA insurance. The total estimated cost of this insurance is: 



B.3.7 Phase-in/Transition Cost 

The firm fixed price for all phase-in transition costs as described in Section B.2.1 1. is 
B.3.8 Radio Network Equipment 



$1.375,149.541 



$1,663.153.221 



The firm fixed price for Radio / Communications Equipment used in Contractor furnished vehicles as descr ibed in C. 1.5.9. is: 

| $125,88000] 

B.3.9 Catastrophic Incidents and Replacement of Equipment at Camp Sullivan 

Materials or equipment reimbursed for Catastrophic Incidents and Replacement of.Equipment at Camp Sullivan as described 
in Section B 2.12 shall not exceed: 



$250,000.001 



B.3.10 Option - Ammunition 



'IF THIS OPTION IS EXERCISED BY THE GOVERNMENT - (See Section C. H and Exhibit D.)The Contractor shall provide 
the ammunition, by the type shown below for the base period of the contract, starting on the date stated In the Notice to 
Proceed, or Notice to Exercise Option, and for the rest of the Base Year. The Government reserves the right to order all of 
the below, or just specific types and amounts, as needed. The fixed cost and ceiling for each category are: 



Rounds. 



Subtotal 





$21,137.35 






$103,851.00 






$11,329.20 






$26,225.00 






$26,225.00 






$82,871.00 






$7,930.44 






$12,325.75 




Ammunition Total 




$291,894.74! 


B.3.11 Contract Price - Summary 






The total celling price for the base period of this contract is: 






B.3.1 Standard Services 






B.3.2 Additional or Emergency Services 


I $2,608,949,601 



UNCLASSIFIED 



UNCLASSIFIED 



Last Modified : 03-26-07 15:50 



KABUL 

Base Year • Amounts Listed In US$ 
B.3.3.1. Operation. Maintenance and Repair (O&M) 
B.3.3.2. Food Services 
B.3.3.3. Medical Services 
B.3.4 vehicles 

B.3.5 Reimbursable Materials and Equipment 
B.3.6 Defense Base Act (DBA) Insurance 
B.3.7 Phase-in/Transition Cost 
B.3.8 Radio Network Equipment 

B.3.9 Catastrophic incidents and Replacement of Equipment at Camp Sullivan 
B.3.1 0 Option - Ammunition 

Total Price for the Base Period 



I S4.678.71M01 

I $2,454,828721 

I $299,347.201 

I $1,522.517T§il 

I $10.06000) 



$1,663,153.221 



$250,000.001 



B.3.12 The Contractor shall notify the Contracting Officer in writing 60 days before the Contractor expects 
incurred to exceed 75% of any ceiling price/not to exceed amount listed above. 



I $291,894741 
$41 .369.933.46 

the total costs 
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ERT Commander (US) 



Shift Supervisor (US) 



KABUL 

First Option Year - Amounts Listed in US$ 
B.4 Option Years: Levels of Effort and Pricing 

B.4.1 First Option Year - starting one year after the start date shown in the Notice to Proceed and continuing for a period of 
twelve months. 

B.4.1. 1 Standard Services ■ 

(See Section C and Exhibit A.) The Contractor shall provide the guard service shown below for the First Option Year of the 
contract and continue for a period of 12 months. The fixed hourly rate, estimated number of hours, and ceiling for each 
category are: 

Labor Categories , Hourly Rate Number of Hours Ceiling Price 

GFC(U S) 1 * $229383.60 

■ — - — $229,985.60 

$633,172.80 
$1,899,518.40 
$1,472,293.20 
$783,757.20 
$7,345,566.60 
$3,231,972.80 
$116,157.60 
$183,363.36 
$545,310.00 
$633,172.80 
$1,564,448.40 
$1,743,15240 
$1,743,152.40 
$1,564,448.40 
$1,787,828.40 
$106,121.60 
$106,121.60 
$106,121.60 



Site Supervisor (US) 



Dog Handler (US/EXPAT) 



Senior Guard (TCN) 



Senior Guard (US/EXPAT) 



Guard (TCN) 



Guard (LN) 



Screener (LN) 



Dispatcher/Sr. Guard (US) 



ERT Supervisor (US) 



ERT Guard/Driver (US) 



ERT Guard/EMT (US) 



ERT Guard/Marksman (US) 



ERT Guard (US) 



ERT Sr. Guard (US) 



Armorer (US/EXPAT) 



Vehicle Mechanic (US/EXPAT) 



Radio Tech (US/EXPAT) 



Subtotal 



1,202,584 $26,025,650.76 



B.4. 1 .2 Additional or Emergency Services 

(See Subsection C.1.2 and C.2.2., Additional or Emergency Services.) The following estimated services for the First Option 
Year of the contract are as follows: 



Labor Categories 



GFC(US) 



ERT Commander (US) 



Shift Supervisor (US) 



Site Supervisor (US) 



Dog Handler (US/EXPAT) 



Senior Guard (TCN) 



Senior Guard ( US/EXPAT) 



Guard (TCN) 



Guard (LN) 



Screener (LN) 



Dispatcher/Sr. Guard (US) 



ERT Supervisor (US) 



ERT Guard/Driver (US) 



ERT Guard/EMT (US) 



ERT Guard/Marksman (US) 



ERT Guard (US) 



ERT Sr. Guard (US) 



Armorer (US/EXPAT) 



Vehicle Mechanic (US/EXPAT) 



Hourly Rate Number of Hours Celling Price 



$22,998.56 
$22,998.56 
$63,317.28 
$189,951.84 
$147,229.32 
$78,375.72 
$734,556.66 
$323,197.28 
$11,615.76 
$18,336.34 
$54,531.00 
$63,317.28 
$156,444.84 
$174,315.24 
$174,315.24 
$156,444.84 
$178,782.84 
$10,612.16 
$10,612.16 
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First Option Year - Amounts Listed in US$ 



[ Radio Tech (US/EXPAT) I I I $10,612.16 
' Subtotal 120,258 $2,602,565.08 
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First Option Year - Amounts Listed in US$ 



B.4.1.3 Site Support Services: 

B.4.1.3.1. Operation, Maintenance and Repair (O&M) 
B.4.1.3.2. Food Services 
B.4.1.3.3. Medical Services 



Monthly Rate Number of Months Total Price 
$274,845.65! 12.00 3,298,147.80 



I $212,893731 12.00 



2,554,724.76 



| $19,74X931 12.00 



236,939.16 



B.4.1.4 Vehicles 

The firm fixed price for all vehicles excluding Government provided vehicles and Site Support Services vehicles necessary for 
performance of this contract, as described in B.2.6 and H.13 is: 

Monthly Rate Number of Months Total Price 
I $15,443.241 12.00 185,318.88 

B.4.1.5 Reimbursable Materials and Equipment 

Materials or equipment reimbursed for additional or emergency services shall not exceed (see B.2.7): 



$10,000.001 



B.4.1.6 Defense Base Act (DBA) Insurance 

The Government will reimburse the Contractor for DBA insurance. The total estimated cost of this insurance is: 

| $1,316,579.371 

B.4.1.7 Radio Network Equipment 

The firm fixed price for Radio / Communications Equipment used in Contractor furnished vehicles as described in C.1. 5.9. is: 

I $26,175.001 

B.4.1.8 Catastrophic Incidents and Replacement of Equipment at Camp Sullivan 

Materials or equipment reimbursed for Catastrophic Incidents and Replacement of Equipment at Camp Sullivan as described 

in Section B.2.12 shall not exceed: , . 

| $250,000.00! 

B.4.1.9 Option - Ammunition 

•IF THIS OPTION IS EXERCISED BY THE GOVERNMENT - (See Section C, H and Exhibit D.)The Contractor shall provide 
the ammunition, by the type shown below for the base period of the contract, starting on the date stated in the Notice to 
Proceed, or Notice to Exercise Option, and for the rest of First Option Year. The Government reserves the right to order all 
of the below, or just specific types and amounts, as needed. The fixed cost and ceiling for each category are: 





$21,097.05 




$103,653.00 


$11,307.60 


$26,175.00 


$26,175.00 


$82,713.00 


$7,915.32 


$12,302^5 


Ammunition Total 


$291,338.22| 



8.4.1.10 Contract Price - Summary 

The total ceiling price for the First Option Year of this contract is: 

B.4.1.1 Standard Services 

B.4.1.2 Additional or Emergency Services 

B.4.1.3.1. Operation, Maintenance and Repair (O&M) 



| $26,025,65076] 
I $2,602,565.08] 
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$2,554,724.76! 



$236,939.16 



$185,318.881 



KABUL 
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B.4.1.3.2. Food Services 
B.4.1.3.3. Medical Services 
B.4.1.4 Vehicles 

B.4.1.5 Reimbursable Materials and Equipment 
B.4.1.6 Defense Base Act (DBA) Insurance 
B.4.1.7 Radio Network Equipment 

B.4.1.8 Catastrophic incidents and Replacement of Equipment at Camp Sullivan 
B.4.1.9 Option - Ammunition 

Total Price for the First Option Year 



$10,000.001 



$1,316,579.371 



$26,175.001 



$250.000.001 



$291,338.221 



S36.797.439.03 



B.4.1 .11 The Contractor shall notify the Contracting Officer in writing 60 days before the Contractor expects the total costs 
incurred to exceed 75% of any ceiling price/not to exceed amount listed above. 
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B.4.2 Second Option Year - starting two year after the start date shown in the Notice to Proceed and continuing for a period 
of twelve months. 



B.4.2. 1 Standard Services 

(See Section C and Exhibit A.) The Contractor shall provide the guard service shown 
the contract and continue for a period of 12 months. The fixed hourly rate, estimated 
category are: 



below for the Second Option Year of 
number of hours, and ceiling for each 



Labor Categories 



GFC (US) 



ERT Commander (US) 



Shift Supervisor (US) 



Site Supervisor (US) 



Dog Handler (US/EXPAT) 



Senior Guard (TCN) 



Senior Guard (US/EXPAT) 



Guard (TCN) 



Guard (LN) 



Screener (LN) 



Dispatcher/Sr. Guard (US) 



ERT Supervisor (US) 



ERT Guard/Driver (US) 



ERT Guard/EMT (US) 



ERT Guard/Marksman (US) 



ERT Guard (US) 



ERT Sr. Guard (US) 



Armorer (US/EXPAT) 



Vehicle Mechanic (US/EXPAT) 



Radio Tech (US/EXPAT) 



Hourly Rate Number of Hours Celling Price 



$229,985.60 
$229,985.60 
$633,172.80 
$1,899,518.40 
$1,472,293.20 
$783,757.20 
$7,345,566.60 
$3,231,972.80 
$116,157.60 
$183,363.36 
$545,310.00 
$633,172.80 
$1,564/48.40 
$1,743,152.40 
$1,743,152.40 
$1,564,448.40 
$1,787,828.40 
$106,121.60 
$106,121.60 
$106,121.60 



Subtotal 



1.202,584 $26,025,650.76 



t estimated services for the Second 



B.4.2.2 Additional or Emergency Services 

(See Subsection C.1.2 and C.2.2., Additional or Emergency Services.) The following 
Option Year of the contract are as follows: 

Labor Categories Hourly Rate Numher of Hours Celling Price 



GFC (US) 



ERT Commander (US) 



Shift Supervisor (US) 



Site Supervisor (US) 



Dog Handler (US/EXPAT) 



Senior Guard (TCN) 



Senior Guard (US/EXPAT) 



Guard (TCN) 



Guard (LN) 



Screener (LN) 



Dispatcher/Sr. Guard (US) 



ERT Supervisor (US) 



ERT Guard/Driver (US) 



ERT Guard/EMT (US) 



ERT Guard/Marksman (US) 



ERT Guard (US) 



ERT Sr. Guard (US) 



Armorer (US/EXPAT) 



Vehicle Mechanic (US/EXPAT) 



Radio Tech (US/EXPAT) 



Subtotal 



120,258 



$22,998.56 
$22,998.56 
$63,317.28 
$189,951.84 
$147,229.32 
$78,375.72 
$734,556.66 
$323,197.28 
$11,615.76 
$18,336.34 
$54,531.00 
$63,317.28 
$156/44.84 
$174,31524 
$174,315.24 
$156/44.84 
$178,782.84 
$10,612.16 
$10,612.16 
$10,612.16 
2,602,565.08 
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B.4.2.3 Site Support Services: 

B.4.2.3.1. Operation, Maintenance and Repair (O&M) 
B.4.2.3.2. Food Services 
B.4.2.3.3. Medical Services 



Monthly Rate Number of Months Total Price 



$279,694.161 12.00 



3,356,329.92 



$220,238.551 



12.00 



2,642,862.60 



I $19,741931 



12.00 



236,939.16 



B.4.2.4 Vehicles 

The firm fixed price for all vehicles excluding Government provided vehicles and Site Support Services vehicles necessary for 
performance of this contract, as described in B.2.6 and H.13 is: 

Monthly Rate Number of Months Total Price 



$15/443.241 



12.00 



185,318.88 



B.4.2.5 Reimbursable Materials and Equipment 

Materials or equipment reimbursed for additional or emergency services shall not exceed (see B.2.7): 
B.4.2.6 Defense Base Act (DBA) insurance 

The Government will reimburse the Contractor for DBA insurance. The total estimated cost of this insurance is 



$10,000.001 



$1,316,579.371 



B.4.2.7 Radio Network Equipment 



The firm fixed price for Radio / Communications Equipment used in Contractor furnished vehicles as descri bed in C. 1.5.9. is: 

| $26.175.001 

B.4.2.8 Catastrophic Incidents and Replacement of Equipment at Camp Sullivan 

Materials or equipment reimbursed for Catastrophic Incidents and Replacement of Equipment at Camp Sullivan as described 

in Section B.2. 1 2 shall not exceed: , , 

I $250,000.001 

B.4.2.9 Option - Ammunition 

•IF THIS OPTION IS EXERCISED BY THE GOVERNMENT - (See Section C. H and Exhibit D.)The Contractor shall provide 
the ammunition, by the type shown below for the base period of the contract, starting on the date stated in the Notice to 
Proceed, or Notice to Exercise Option, and for the rest of Second Option Year. The Government reserves the right to order 
all of the below, or just specific types and amounts, as needed. The fixed cost and ceiling for each category are: 





$21,097.05 




$103,653.00 


$11,307.60 


$26,175.00 


$26,175.00 


$82,713.00 


$7,915.32 


$12,302.25 


Ammunition Total 


$291,338.22| 



B .4.2. 1 0 Contract Price - Summary 

The total ceiling price for the Second Option Year of this contract is: 

B.4.2.1 Standard Services 

B.4.2.2 Additional or Emergency Services 

B.4.2.3.1. Operation, Maintenance and Repair (O&M) 

B.4.2.3.2. Food Services 

13 



$26.025,650.76! 
$2,602,565.08) 



I $3,356,32^92] 
I $2.642,8621601 



UNCLASSIFIED 



UNCLASSIFIED 

Last Modified : 03-26-07 15:50 



KABUL 

Second Option Year - Amounts Listed In US$ 

B.4.2.3.3, Medical Services 
B.4.2.4 Vehicles 

B.4.2.5 Reimbursable Materials and Equipment 
B.4.2.6 Defense Base Act (DBA) Insurance 
B.4.2.7 Radio Network Equipment 

B.4.2.8 Catastrophic Incidents and Replaceme nt of Equipment at Camp Sullivan 
B.4.2.9 Option - Ammunition 

Total Price for the Second Potion Year 

B.4.2.11 The Contractor shall notify the Contracting Officer in writing 60 days before the Contractor 
incurred to exceed 75% of any ceiling price/not to exceed amount listed above. 



| $236,93916] 



[ 



$185,318.88 



$10,000.001 



I $1.316.57917 



$26,175.001 



$250.000.001 



$291,338.221 
$36.943.758.99 

the total costs 



UNCIIXSSIFIED 



UNCLASSIFIED 



Last Modified : 03-26-07 15:50 



KABUL 

Third Option Year - Amounts Listed in USS 

B.4.3 Third Option Year - starting three year after the start date shown in the Notice to Proceed and continuing for a period 

of twelve months. 

B.4.3.1 Standard Services 

(See Section C and Exhibit A.) The Contractor shall provide the guard service shown below for the Third Option Year of the 
contract and continue for a period of 12 months. The fixed hourly rate, estimated number of hours, and ceiling for each 
category are: 

Labor Categories , Hourly Rata Nuffber pf Hpgrs Ceiling Price 



GFC(US) 



ERT Commander (US) 



Shift Supervisor (US) 



Site Supervisor (US) 



Dog Handler (US/EXPAT) 



Senior Guard (TCN) 



Senior Guard (US/EXPAT) 



Guard (TCN) 



Guard (LN) 



Screener (LN) 



Dispatcher/Sr. Guard (US) 



ERT Supervisor (US) 



ERT Guard/Driver (US) 



ERT Guard/EMT (US) 



ERT Guard/Marksman (US) 



ERT Guard (US) 



ERT Sr. Guard (US) 



Armorer (US/EXPAT) 



Vehicle Mechanic (US/EXPAT) 



Radio Tech (US/EXPAT) 



Subtotal 



$229,985.60 
$229,985.60 
$633,172.80 
$1,899,518.40 
$1,472,293.20 
$783,757.20 
$7,345,566.60 
$3,231,972.80 
$116,157.60 
$183,363.38 
$545,310.00 
$633,172.80 
$1,564,448.40 
$1,743,152.40 
$1,743,15240 
$1,564/148.40 
$1,787,828.40 
$106,121.60 
$106,121.60 
$106,121.60 



$26,025,650.76 



B.4.3 JZ Additional or Emergency Services 

(See Subsection C.I .2 and C.2.2., Additional or Emergency Services.) The following 



estimated services for the Third Option 



Year of the contract are as follows: 

Labor Categories 

GFCI 



Guard (LN) • 



■(US) 



ERT Commander (US) 



Shift Supervisor (US) 



Site Supervisor (US) 



Dog Handler (US/EXPAT) 



Senior Guard (TCN) 



Senior Guard ( US/EXPAT) 



Guard (TCN) 



Screener (LN) 



Dispatcher/Sr. Guard (US) 



ERT Supervisor (US) 



ERT Guard/Driver (US) 
ERT Guard/EMT (US) 



ERT Guard/Marksman (US) 



ERT Guard (US) 



ERT Sr. Guard (US) 



Armorer (US/EXPAT) 

Vehicle Mechanic (US/EXPAT) 



Radio Tech (US/EXPAT) 



Hourly Rate Number of Hours Ceiling Price 



$22,998.56 
$22,998.56 
$63,317.28 
$189,951.84 
$147,229.32 
$78,375.72 
$734,556.66 
$323,197.28 
$11,615.76 
$18,336.34 
$54,531.00 
$63,317.28 
$156,444.84 
$174,315.24 
$174,315.24 
.$156,444.84 
$178,782.84 
$10,612.16 
$10,612.16 
$10.612.16 



Subtotal 



120,258 $2,602,565.08 



UNCLASSIFIED 



UNCLASSIFIED 

Last Modified : 03-26-07 15:50 



KABUL 

Third Option Year - Amounts Listed in US$ 



B.4.3.3 Site Support Services: 

B.4.3.3.1. Operation. Maintenance and Repair (O&M) 
B.4.3.3.2. Food Services 
B.4.3.3.3. Medical Services 



Monthly Rate Number of Months Total Price 
I S284,0365fl 12.00 3.408,442.88 



$220,182.32 



12.00 



2,642,187.88 



I $19,74493] 12.00 



236,939.16 



B.4.3.4 Vehicles 

The firm fixed price for all vehicles excluding Government provided vehicles and Site Support Services vehicles necessary for 
performance of this contract, as described in B.2.6 and H.13 is: 

Monthly Rate Number of Months Total Price 
I $15,443^241 12.00 185,318.88 

B.4.3.5 Reimbursable Materials and Equipment 

Materials or equipment reimbursed for additional or emergency services shall not exceed (see B.2.7): 

I $io.rmoo1 

B.4.3.6 Defense Base Act (DBA) Insurance 

The Government will reimburse the Contractor for DBA insurance. The total estimated cost of this insure ncejs: 

I $1,318.87071 

B.4.3.7 Radio Network Equipment 

The firm fixed price for Radio / Communications Equipment used in Contractor furnished vehicles as descri bed in C.1 .5.9. is: 

I $26.17Sl)0] 

B.4.3.8 Catastrophic Incidents and Replacement of Equipment at Camp Sullivan 

Materials or equipment reimbursed for Catastrophic Incidents and Replacement of Equipment at Camp Sullivan as described 

in Section B.2.1 2 shall not exceed: , . 

| $250.000.00! 



B.4.3.9 Option - Ammunition 



•IF THIS OPTION IS EXERCISED BY THE GOVERNMENT - (See Section C, H and Exhibit D.)The Contractor shall provide 
the ammunition, by the type shown below for the base period of the contract, starting on the date stated in the Notice to 
Proceed, or Notice to Exercise Option, and for the rest of the Third Option Year. The Government reserves the right to order 
all of the below, or just specific types and amounts, as needed. The fixed cost and ceiling for each category are: 

Subtotal 





$21,097.05 




$103,633.00 


$11,307.60 


$26,175.00 


$26,175.00 


$82,713.00 


$7,915.32 


$12,302.25 


Ammunition Total 


$291,338,221 



BA3.10 Contract Price - Summary 

The total ceiling price for the Third Option Year of this contract is: 

8.4.3.1 Standard Services 

B.4.3.2 Additional or Emergency Services 

B.4.3.3.1. Operation, Maintenance and Repair (O&M) 



I $26,025,650.761 
I $2,602,565!08l 
1 $3,408,442l8l 



UNCLASSIFIED 



UNCLASSIFIED 

Last Modified : 03-26-07 15:50 



I $2,642,187^881 

I $236,93Tt6 

| $185,3lOal 

I $io,ooolo| 



KABUL 

Third Option Year -Amounts Listed in US$ 

B, 4.3.3.2. Food Services 
B.4.3.3.3. Medical Services 
B.4.3.4 Vehicles 

B.4.3.5 Reimbursable Materials and Equipment 
B.4.3.6 Defense Base Act (DBA) Insurance 
B.4.3.7 Radio Network Equipment 

B.4.3.8 Catastrophic Incidents and Replacement of Equipment at Camp Sullivan 
B.4.3.9 Option - Ammunition 

Total Price for the Third Potion Year 

B.4.3.11 The Contractor shall notify the Contracting Officer in writing 60 days before the Contractor expects the total costs 
incurred to exceed 75% of any ceiling price/not to exceed amount listed above. 



$1,316,579.37 



$26,175.00 



I $250,00000) 
I $291,338.221 
S36.99S.1 97.22 



UNCLASSIFIED 



UNCLASSIFIED 



KABUL 

Fourth Option Year - Amounts Listed in US$ 

BAA Fourth Option Year - stararvj four year after me start Oate srw"m in the Nottoe to Proc*efl and continuing for a period 

of twelve months. 

B 4.4.1 Standard Services 

[See Section C and Exhibit A.) The Contractor shall provide the guard service shown below for the Fourth Option Year of the 
contract and continue for a period of 12 months. The fixed hourly rate, estimated number of hours, end celing for each 
category ere: 



Site Supervisor (US) 



Dog Handler (USfEXPftT) 



Senior Guard (TCN) 



Senior Guard ( US/EXPAT) 



Guard [TCN) 



Guard (LN) 



Labor Categories 



GFC(US) 



ERT Commander (US) 



Shift Supervisor (US) 



ScreonerfLN) 



KspatcherrSr. Guard (US) 



ERT Supervisor (US) 



EHTGuardiTJrlver(US) 



ERT Guard/EMT (US) 



SRT Guafd/Marfcsman (US) 



ERT Guard (US) 



ERT Sr. Guard (US) 



Armorer (US/EXPAT) 



i/EXPAT) 



Radio Tech (US/EXPAT) 



Hourly Rate Number of Hours Celling Price 



1,202.584 



(229,985.80 
$228,985.60 
$833,17240 
$1,899,518.40 
$14T2,2»3.20 
$783,757 JO 
$7,148,586.80 
$3,23147240 
$118,157.80 
$183,363.36 

$833,17240 
$1,564,448.40 
$1,743,15240 
$1,743,15240 
$1464,448.40 
.$1.78742840 
$106,121^0 
$108,121.60 
$106.121.60 



$26,025,650.76 



Subtotal 



B.4.4 J Additional or Emergency Services 

(See Subsection C.1.2 and C.2.2., Additional or Emergency Services.) The following estimated services for the Fourth 
Option Year of the contract are as follows: 



Labor Categories 



GFC (US) 



ERT Commander (US) 



Shift Supervisor (US) 



Site Supervisor (US) 



Dog Handler (USrEXPAT) 



Senior Guard (TCN) 



Senior Guard (US/EXPAT) 



Guard (TCN) 



Guard (LNV 



ScnBener(LN) 



OispatcherrSr. Guard (US) 



ERT Supervisor (US) 



ERT Guard/Driver (US) 



ERT Guard/EMT (US) 



ERT Guard/Marksman (US) 



ERT Guard (US) 



ERT Sr. Guard (US) 



Armorer (US/EXPAT) 



Vehicle Mechanic (US/EXPAT) 



Radio Tech OJSmXPAT) 



HcrtvR.t. Number of Hours CeMna Price 



$22,698.56 
$22,996.56 
$63,317.26 
$18946144 
$147,22942 
$78,373.72 
$734,55848 
$323,197.28 
$11415-76 
$18,336.34 
$54431.00 
$63417.28 
$156,44444 
$174,315.24 
$174,313 J4 
$156.44444 
$178,76244 
$10412.16 
$10,612.16 
$10412.16 



120,258 $2,602463.08 



UNCLASSIFIED 



UNCLASSIFIED 



KABUL 

Fourth Option Year- Amounts Usttd in US* 



B .4.4.3 Site Support Services: 

B.4.4 .3.1 . Operation, Maintenance and Repair (04M) 
B.4.4.3.2. Food Service* 
B.4.4.3J. Medical Services 



Monthly Rate Number of Months Total Price 

| $289,062.85*1 12.00 3,486,734.20 

I $235.705.311 12.00 2,828,463.72 



| S1»,744l3l 12.00 



236,919.18 



B.4.4.4 Vehicles 

The firm fixed price for al vehicles excluding Government provided vehicles and Site Support Services vehicles necessary 
for performance of this contract, as described in B.2.6 and H.13 is: 

Monthly Kate Number of Months Total Price 
I $15,443.24*1 12.00 185,318.98 



B.4.4.5 Reimbursable Material* and Equipment 

Materials or equipment reimbursed for additional or emergency services stiaH not exceed (see B.2.7): 
B.4.4.6 Defense Base Act (DBA) Insurance 

The Government win reimburse the Con tractor for DBA insurance. The total estimated cost of this insurance* 



$10,000.001 



$1.316.578.37| 



B .4.4.7 Radio Network Equipment 



The firm fixed price for Radio / Communications Equipment used in Contractor furnished vehicles as described in C.1. 5.9. Is: 

| $26,176.001 

B.4.4.8 Catastrophic Incidents and Replacement of Equipment at Camp Sullivan 

Materials or equipment reinbursed for Catastrophic incidents and Replacement of Equipment at Camp SuBvan as described 
inSection B .2.12 S halnote*eed: [ ,250,000,00 ! 

B.4.4.9 Option • Ammunition 

'IF THIS OPTION IS EXERCISED BY THE GOVERNMENT - (See Section C,- H and Exhibit D.)The Contractor shat provide 
the ammunition, by the type shown below for the base period of the contract, starting an me date stated in toe Notice to 
Proceed, or Notice to Exercise Option, and for the rest of toe Fourth Option Year. The Government reserves toe right to 
order al of toe below, or just specific types and amounts, as needed. The fixed cost and ceiling for each category are: 





$21,097.05 




$103,883.00 


$11.30730 


$28,175.00 


$26,175.00 


$82,713.00 


$7,915.32 


$12,302.26 


Ammunition Total 


$291,336,221 



B.4.4.10 Contract Price ■ Summary 

•The total ceSng price for the Fourth Option Year of tois contract is: 

B.4.4.1 standard Services 

B.4A2 Additional or Emergency Services 

B.4.4.3.1. Operation. Maintenance and Repair (O&K) 

B.4.4.3.2. Food Services 

B.4.4.3.3. Medical Service* 

B.4.4.4 Vehicles 

B.4.4.5 Reimbursable Materials and Equipment 
B.4.4.6 Defense Base Act (DBA) Insurance 
B.4.4.7 Radio Network Equipment 

B.4.4.8 Catastrophic Incidents and Replacement of Equipment at Camp Sullivan 
B.4.4.9 Option • Ammunition 

Total Price forme Fourth Option Year 

B.4.4.1 1 The Contractor shall notify the Contracting Officer in writing 60 days before the 
Incurred to exceed 75% of any eefflng price/not to exceed amount listed above. 



| $26.025,650.76 [ 
I $2.602.565J8l 



83.468.754.2ol 



$2.828,463.721 



$236,939.161 



6185.316.881 



$W,0O0.uO| 



$1.316.579.371 



$26.175.001 



$2SO,OOO.O0l 



$291,338321 



$37.241 .76439 
Contractor expects the total costs 



B.4.5 GRAND TOTAL PRICE: The total celling price for the base period and aH option years h>: 
8189,346.113,07 



UNCLASSIFIED 



UNCLASSIFIED 



Contract No. S-AQMPD-07-C0054 
Local Guard Services Kabul, Afghanistan 



B.5 652.216-71 PRICE ADJUSTMENT (AUG 1999) 

(a) The contract price may be increased or decreased in actual costs of direct service 
labor which result directly from laws enacted and effective during the term of this contract by the 
Government of Afghanistan. Direct service labor costs include only the costs of wages and 
direct benefits (such as social security, health insurance, unemployment compensation insurance) 
paid to or incurred for the direct benefit of personnel performing services under one of the 
categories listed in Section B of this contract. Price adjustments will include only changes in 
direct service labor costs incurred in order to comply with the requirements of the law. No 
adjustment will be made under this clause with respect to labor costs of personnel not performing 
direct service labor under the categories of Section B, or for overhead, profit, general and 
administrative (G&A) costs, taxes or any other costs whatsoever. 

(b) For the contracting officer to consider any request for adjustment, the contractor 
shall demonstrate in writing: 

( 1 ) That the change in the law occurred during the term of this contract and 
subsequent to the award date of this contract; 

(2) That the change in the law could not have been reasonably anticipated 
prior to contract award; and, 

(3) How the change in the law directly affects the contractor's costs under this 
contract. 

(c) The contractor shall present data that clearly supports any request for adjustment. 
This data shall be submitted no later than 30 calendar days after the changes in the law have been 
made public. This data shall include, but not be limited to, the following: 

(1) The calculation of the amount of adjustment requested; and, 

(2) Documentation that identifies and provides the appropriate portions of the 
text of the particular law from which the request is derived. 

(d) In order to establish the change between the requested adjusted rate and the 
original rate, the contractor shall support the appropriate data and composition of the original 
rate and the requested adjusted rate. This shall include details regarding specific hourly rates 
paid to individual employees or subcontractors. For contracts paid in U.S. dollars, the 
contractor's request for price adjustment shall present data reflecting: 

( 1 ) The exchange rate in effect on the date of the contractor's proposal that 
was accepted for the basic contract; and, 

(2) The current exchange rate and its effect on payment of workers in local 
currency. The allowable adjustment shall be limited to the extent to which 
increases in direct service labor costs due to host country law changes are 
not offset by exchange rate gains . 

(e) Only direct cost changes mandated by enacted laws shall be considered for 
adjustment under this contract. Changes for purposes of mamtaining parity of pay between 
employees and subcontractors at the minimum mandated levels and employee and subcontractors 
already paid at levels above the newly mandated minimums shall not be considered. Therefore, 
if the contractor elects to increase payments to employee and subcontractors who are already 
being paid at or above the mandated amounts, such increased costs shall be borne solely by the 
contractor and shall not be justification for an increase in the hourly and monthly rates under this 
contract. 

(f) Any request for adjustment shall be presented by signature of an officer or general 
partner of the contractor having overall responsibility for the conduct of the contractor's affairs: 



UNCLASSIFIED 



UNCLASSIFIED 

Contract No. S-AQMPD-07-C0054 
Local Guard Services Kabul, Afghanistan 

(g) No adjustment shall be made to the contract price that relates to any indirect, 
overhead, or fixed costs, profit or fee. Only the changes in direct service labor wages (and any 
benefits based directly on wages) shall be considered by the U.S. Government as basis for 
contract price changes. 

(h) No request by the contractor for an adjustment under this clause shall be allowed 
if asserted after final payment has been made under this contract 

(i) This clause shall only apply to laws enacted by the Government of Afghanistan 
meeting the criterion set forth above in paragraph (b). No adjustments shall be made due to 
currency fluctuations in exchange rates. 

B.6 PAYMENT, CEILING, AND WITHHOLDING. 

B.6.1 The Government will pay the Contractor for the number of hours worked, following the 
procedures in FAR clause 52.232-7 in Section I of mis contract. 

B.6.2 The Contractor shall not exceed the ceiling prices shown above either in total or for any 
category, unless the Contracting Officer signs a written contract modification to increase the 
ceiling. 

B.6.3 The Government will make no withholding/retainage under FAR 52.232-7, paragraph 
(a)(2), "Payments Under Time-and-Materials and Labor-Hour Contracts," in Section I of this 
contract. 



UNCLASSIFIED 



